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I. IliTHOPDCTlOM . 

Ih i8 proposal results froa rgcmt discussions rsgprosontativss 


h description o f a tecihnical 


of 

problea is presented and a program is proposed by^ 

Zt is proposed that a cost-plus-a^fixedoi^fee contract be negotiated 
to carry out this research. R eference is made to our coagan y 
brochure %diich is on file with | 

curement people, this brochure provides background data vhich may 
be required in <x>ntract negotiation. 


zz. 





OBJECTIVE . 

The goal of the program proposed is the design and developnent of 
a balloon E^fsteoi capable of carrying out multi-level trajectory 
flights. Elements of the system will include a balloon carrier, 

BUI altitude control system, a time programing control, and a 
termination device. Under this program a systwi \d.ll be designed 
and components will be built and flight tested. It will not be 
within the scope c£ this program to carry out full scale proof 
tests, or to redesign the development model for production. 

Zt is assumed that the sytem to be designed will have the following 
performance specifications: 





(1) Duration; 48 hours. 

(2) Altitude Range: 5,000 to 30,000 feet. 

(3) Payload: 100 lbs. 


Z. PROGRAM. 

Following an initial period of analysis and study, coitponents will 
be selected or designed for the balloon system. Three sets of 
equipment will be fabricated and laboratory tests will be made 
7 under sixnulated fli^t conditions. 


Three light-weight plastic balloons will be built and flown to check 
the performance of the system tinder operating conditions. It t«rill 
not be possible under this program to allow the balloons to go to 
full flight duration. Until the system has been designed, it is 
not possible to state what effects this limitation will have on the 
proof of the flight operation. It is possible that flights atl 
low levels with ballast metering equipment will be required before 
satisfactory altitude controls enn be built. In that case Uie 
scope of the present program will have to be *enlar^d» 


Flints will be made f rom | 

Payload elements or ballast may be replaced 
by measuring devicssto study the performance of the balloon system. 
In a subseqpient program it would be desirable to make long duration 
flights reproducing the actual flight conditions desired. 



' ; '1 
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CQDIFIDENTIAL 18 October 1957 


25X1 


A a-month period of time will be required to carry out this program 
of design and development. 25X1 


COST DATA . 

The following cost estimates are_&roYidedi- 


TOTAL 


$5940.28 


No allowance has been made for the cost of 

be required for this program. It has been ^ 

will S delivered to the flight center at no cost to the contract© . 

Por the effective execution of this program, it wili^e^aacessarv 
to have the use of radio frequencies assigned f 25X1 

7 Assistance may also be required in 

^,ri^rWCAAti prevent the prohibition of flights carried out at 25X1 

the levels of interest. 


. pro9r« of 4?^!^°“;^- 

/ — /proposes to enter into a cost-pius-a-tix«a 

equipment and services Aimed at the 25X1 
execution of this program. 


CONFiDENTfA; 
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-a- 


iVbctober 1957 


2. Thi s iB our Proposal 

3. 


CONFIDENTI4, ^ 

valid for aixtv (60) days. 


25X1 

25X1 

25X1 




/ has not en^loyed or retained any con^any 
* or person (other than a full-time bona fide employee working 
solely for the bidder) to solicit or secure this contract and 
have not, paid or agreed to pay to any company or person (other 
than a full-time bona fide en^Jloyee working solely for the 
bidder) any commission, percentage or brokerage fee, o®*'” 

tingent upon or resulting from the award of this contract; an 
agrees to furnish information relating thereto as requested by 
the contracting officer. 

5. All subject matter included herein is submitted for study on a 
confidential basis, for the sole purpose of possible contract 
negotiation. 
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